1630                                   "UNIT  CONSTRUCTION  COSTS
Account 9005.2 —Timbering.
The timbers used were 8 in. by 8 in., Oregon pint4 square-shaft sets making two compartments in the shaft.    The shaft was lagged.
Account 9006.31  -Aldrich Pump Installation.
The money expended under this account was for unloading two pumps which were not installed.
Account 9006.01—Nordberg Blowers -Foundation.
These two concrete foundations wore oaoh about 1H) ft. by 15 ft. by 20 ft. The, concrete was mixed 0 parts sand and gravel to 1 cement by machine, and transported 50 ft. to place. 100 per cent, of the vertical surface was formed. Each foundation hud over thirty bolts set exact with template and piped. The pipes wen* in short pieces pulled up as the foundation raised and out at the completion. The cost of these pipes and the bolts are in every cast1 given in the concrete cost. (See Fig. 49.)
Account 9006.1 • Nordberg Blowers   Cost and Installation,
This account covers the cost of the material as listed below, together with the labor of erecting the same. These engines are two Nordberg cross-compound blowing engines, designed to compress 10,000 cu. ft. of free air at an altitude1 of 3,500 ft. to 12 Ib. pressures while 15 II). may be carried if desired. The high-pressure*, steam cylinder in 20 in., the low-pressure 42 in., while the air cylinders are 44 in., all having the common stroke of 42 in. The engines are furnished 100 Ib. steam pressure, superheated 75° F. The speed is 71 r.p.m. The labor of grouting, and the labor of testing out and starting up arc included here.
2 Nordherg blowing <mgim% with rtwivorn,...,,,,........   $30,9(17,34
2 No. 34 crane tilt trapn..___.,........,..,,...,..,....         107.78
Grout, etc,............................................       1,438,90
132,514,02
Account 9006.2  -Nordberg Blowers   Painting.
This account covens the cost of material and labor of painting the two
Nordberg blowing engines. All of the power-house machinery was painted by contract for the sum of $820* This mini covered the labor and all tools, such as brushes, putty knives, light ladders, etc. The paint, oils, colors, dryers, and scaffolds where* neeeBBary were furnished by the company. The money covered by the contract and material used was apportioned to the painting account of the different piecen of machinery on the basis of the time spent on each piece of machinery. Every machine was given one coat of paint, one coat of filler, and two coats of olive-green enamel.nd 1 1 structural steel columns to support the steel beams of the power housit floor* Tim 57 pipe columns were made of 4-in. pipe, with a runt-iron base and capital, and were HO placed  175.07         600.07
